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BILL NO. S-78-01- 



/S'7? 


SPECIAL ORDINANCE NO. S- 


AN ORDINANCE approving Change Order No 
3 in connection with N. Maumee River 
Sanitary Inter. Sect. I, Resolution No 
290-77. 


EE IT 0RDIANED BY THE COMMON COUNCIL OF THE CITY OF 
FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 3 to John Dehner, Inc 
in connection with Project No. C-180839-01, N. Maumee River Sanitary 
Inter. Sect. I, Resolution No. 290-77 in the amount of $47,702.76, 
as set out in the specifications, is hereby in all things ratified 
confirmed and approved. 

SECTION 2. This Ordinance shall be in full force and 
effect from and after its passage and approval by the Mayor. 






APPROVED AS TO FORM 
A^JD LEGALITY . 









Read the first time in full and on motion by s’econd'ed by 

/<$(/&& , and duly adopted, read the second time by title and referred to the 

Committee on _(and-th.e_City-JBl-an-C-ammis sion for 

recommendatloxi.)-a-nd--Pu'bTic''Hearlrfg to be held after due iegaiRhntice/at the Council Chambers, 

City-County B uild i n g-,-Port^ayne-Indiana—on - — , the_day 

of_ _._——-— —-,-i9z^~at— 


—-o'clock 


DATE: 







Read the third time in full and on motion by 

/ ‘A 

seconded by _, and duly adopted, placed on its passage. 

PASSED CLOST 1 ) by the following vote: 


TOTAL VOTES 

BURNS 

HINGA 

HUNTER 

MOSES 
NUCKOLS 
SCHMIDT, D. 

SCHMIDT. V. 

STIER 

TALARICO 

DATE: 


AYES 

-S- 


ABSTAINED 


ABSENT TO-WIT: 


K 




■■■■:■ - // J £ 

CITY CLERK 


Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, as 
(Z ONING MAP) ~TGENEK2ffiT (ANNEXATION) (SPECIAL) (AP PROPRLATION))ORDINANCE 
(RESOLUTION) No. O 7 ~ 43 ~~ / J o n the <=>< Y d ay of 


/•J? ~7& on the e5 <^ day a) 

ATTEST: (SEAL) 





day of 


CITY CLERK PRESIDING OFFICER 

Presented by me to the Mayor of the City of Fort Wayne, Indiana, on the : _ 

the hour of //> o'clock 




CITY CLERK/ 


Approved and signed by me this , . d ay of 

at the hour of_ 'clock 



"WtLjL, 




MAYOR 



































































































S-78-01-14 


Bill No. 

REPORT OF THE COMMITTEE ON PUBLIC WORKS _ 

We, your Committee on _ Public Works to w hom was referred an Ordinance 

approving Change Order No. 3 tn connection with N. Plaumee Rtyer. SflntUry. 

Inter. Sect. I, Resolution No. 290^77 ■ 


* 


have had said Ordinance under consideration and beg leave to report back to the Common 


































Memorandum 


To BOARD OF PUBLIC WORKS. 


Date 12/21/77 


From PHILIP R. BOLLER ____ 

Subject NORTH MAUMEE INTERCEPTOR SEWER C-180839-01 


RES. 290-77; B.O. 3-76 


COPIES TO: 


Biggs 


Attached for your review aad consideration is Change 
Order No. 3 on the above mentioned project. 

These items were omitted in the last minute changes 
of the bid document preparations, however they were 
shown on the backup data for the over run of the bids. 
Mr. Wickensheimer contacted Jim Hanlon of E.P.A. on 
12/20/77 and was informed to handle the omitted items by 
Change Order and have approved as soon as possible. 

If there are any questions please feel free to contact 
Mr. Wickensheimer or the writer. 



Philip R. Boiler, P.E. 

Chief Water Pollution Control Engineer 


PRB/CW/iw 

Att. 











CHANGE ORDER 


Jhange Order No. 3 _____ 

Project’No. C-180839-01 _ 

Name of Projec t N. Maumee River Sanitary Inter. Sect; I 

To: John Dehner. Inc. -1- 

(Contractor) 

Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans 
and specifications: - 


Item 

No. 


Description of Change 


Change in Contract Price 

Quantity 

Description 

Unit Price 

Decrease 

Increase 

4 

118 LF 

72" RCP Cl. IV (Sta. 29+78) 

218.82 


25,820.76 . 

4 

100 LF 

72" RCP Cl. IV 

218.82 


21,882.00 




















Total Decrease 



Total Increase 

Net (-Decrease) (Increase) Contract Price 


47.702.76 


47.702.76 


The sum of $ 47.702.76 _ is hereby (added to) (the total contract price 

and the final contract price shall be adjusted as fellows: 

Original Contract Price $2,835,568.91 

Current Contract Price Adjusted by Previous Change Order $ _ 

New Contract Price Including This Change Order $2,883,269.67 

The time provided for completion in the contract for this project is (unchanged) 

( disgasggg gd): by -o- _ calendar days due to this Change Order. The date for completion 

of all work shall be same _. Furthermore, this document shall become an 

l apply hereto. 

Dat e Iz/za/v? _ 

Dat e _ 

Date /t— /W & — 

Date M _ 


Date 


amendment to the contract and all provisions of the contract shai: 
Recommended 


Engineer) 





Attested by: 


'OyitUU^ 


(Clerk) 


/ * 7 ^ 


Resolution No. 290-77 
Board Order No . 3-/6 
Date_12/20/ // 




7 7 


















































Ax 


Change Order No._1_ 

' , . , 290-77 

Resolution No.______ 

Board Order No. 3-76 

REQUEST AND JUSTIFICATION FOR CHANGE 

1. .Necessity for change: The bid items were changed in accordance with a prebid 

conference and when the 100± LF 72"RCP CL. IV in tunnel at Sta. 29+78 was dropped from the 
bid form it was never added to Item #4, and when the original 273± LF 72" RCP CL. IV in 
tunnel was reduced to 155± LF 72" RCP CL. IV at US No. 30 on Sheet #8, the 118± LF -■ 
difference was not added to Item No. 4 either. Therefore, these items are necessary to 
complete the sewer. 


/ 

2. Will proposed change alter size of the project? Yes_ No_^ 

If yes, explain 


3. Afreet on operation and maintenance cost of this project: 
None - plans reflected the required scope of the project. 


Philip R. Boiler, P.E. Engineer 




























TITLE' OF ORDINANCE SPECIAL ORDINANCE - CHANGE ORDER NO. 3. N. MATTMEE RIVER SAN. TNTKBCEPTOF SEWE R 


DEPARTMENT REQUESTING ORDINANCE BOARD OF PUBLIC WORKS 

SYNOPSIS OF ORDINANCE CHANGE ORDER NO.3, NORTH MAUMEE RIVER SANITARY INTERCEPTOR SEWER. SEC. I. 
JOHN DEHNER, INC., CONTRACTOR FOR ADDITIONAL RCP PIPE OMITTED IN THE LAST MINUTE CHANGES OF BID 

DOCUMENTS _. . ... 


J- 7 /-^//-^ 


(COPY OF CHANGE ORDER AND MEMORANDUM ATTACHED) 


TOTAL REVISED CONTRACT PRICE INCLUDING THIS CHANGE ORDER $2,883,269.67 


EFFECT OF PASSAGE COMPLETION OF NORTH MAUMEE RIVER SANITARY INTERCEPTOR -SEWER AS PLANNED 
ADDITION OF ITEMS NECESSARY TO COMPLETE SEWER.'SAID ITEMS OMITTED IN BID DOCUMENTS 

BY MISTAKE •; . . . 


EFFECT OF NON-PASSAGE COMPLETION OF PROJECT AS PLANNED 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURES, SAVINGS) $47,702.76 FROM FEDERAL GRANT 


ASSIGNED TO COMMITTEE 





































